
APPENDIX 



Rea/ Venfc/res Limited 
PO Box 202 
Yarmouth 
PO30 9DW 
Tel: 01425 403216 



Mr, Barry Cooke, 

Strategic Asset Management Service, 

Isle of Wight Council, 

County Hall, High Street, Newport, 

Isle of Wight, th 
PO301UD 28 th April 2012 



Dear Mr Cooke 

Re: Stag Lane - Potential Site for a 49MWe Biomass CHP Unit 

In line with the discussions recently held with you, I would like to reiterate our firm commitment to the 
biomass project at Stag Lane. As you are aware, we have invested and continue to invest a very 
significant amount of our Company's financial resources (in employing specialist advisers and contractors) 
and its own time on the Stag Lane project. We hope (and believe) that this fully conveys our intentions to 
develop the site. 

The Stag Lane site has presented major issues in land investigation works prior to the preparation and 
submission of a planning application. It also presents similarly significant issues with the determination of 
land remediation requirements prior to and during construction and operational activities of the project. 
Our approach to this will also need to be fully detailed within the planning application. For these reasons 
(more fully explained in the attached note) it will not be realistic for us to make a planning application 
until towards the end of this year, at the earliest. On this basis we confirm our verbal request for an 
extension of our current exclusive position on the site for at least a year. 

Further to this, we request that, subject to the extension of the exclusive position, we immediately enter 
into negotiations with the Council to secure a purchase option for the site. We suggest the option should 
be valid for 2 years and that together we should look to complete negotiations and take the option to 
signing 1 within a three month period (and prior to the final preparation of the planning application). 

This option would run alongside a lease option of similar duration that we have negotiated with Queen's 
College, Oxford, for additional land required for the fuel conveyor route from the River Medina and for 
the provision of environmental habitat nearby which has been agreed after serious engagement with 
Natural England. Our rationale is that we need to prepare to enter these two land options on a 
concurrent basis as we need both to enable us to deliver the biomass project 



Yours sincerely, 

Ray Tucker 
CEO 




1 The company that would sign and pursue the purchase option and make the planning application would be "Real Ventures 
(loW) Ltd" 
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Notes on Stag Lane Progress 
27 th April 2012 

Preparatory to completing a planning application for a 49MWe biomass unit at Stag Lane activities have 
continued with: 

1. Site monitoring (ongoing) 

2. Formal risk assessment (almost completed) 

3. Waste permitting discussions with the Environment Agency (ongoing) 

in the first instance, site monitoring, on a programme agreed with the Environment Agency ('EA'), is 
ongoing, it has provided sufficient information to indicate that our intention to clear a construction area 
for the biomass unit on the eastern area of the site, by removal of old landfill waste deposits there and 
re-emplacement of those deposits over existing waste on the western area of the site, is achievable from 
practical and risk management perspectives. This preparatory work was necessary to allow informed 
discussion with the EA on the future permitting of the waste on site and to subsequently allow them to 
consider a planning application which would include a land management and remediation programme. 

The activities undergone to date and predicted for the rest of this year are attached (Table 1). 
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Table 1 : Stag Lane Landfill Site - Update on land investigation and landfill permitting discussions (as of 28 th April 2012) 



December 2010 


RV opened discussions with the EA and loWC on site investigation requirements, prior to submission of a planning application 


6 th May 2011 


A programme to monitor ground gas and leachate water and to examine samples of waste deposits agreed with the EA: 

1. Boreholes for ground gas and leachate monitoring to be put in place at 10 agreed locations and depths. 

2. 7 trial pits to be excavated within the landfill mass to allow preliminary examination of waste deposits. 


25 th May 2011 


Boreholes put in place and trial pit work completed by GEL 
Site monitoring comrnpncp^ hv GFL tand on^oin?} 


27 th J ulv 2011 


Meetine with EA at Colden Common offirp<; to rpvipw initial <;itp monitoring data Cnnrln^inn u/ac that ^nffrrt^nt H^ta haH henan 

■ vi^^itiiig wild O i. v^uiUbl l wl 1 i 1 * l\Jl 1 1 l I^CJ LVJ ICVICVIf 1 1 1 1 LI a 1 JtLC 1 1 1UI 1 i L\Jl 1 1 Uo La . v-vJ 1 11^1 UotU ( 1 VVdd LJIOL 3U 1 1 1 L Uct LCI I IdU UCClt 

collected from boreholes to satisfy the production of formal Risk Assessments, necessary to satisfy the EA's requirements for a 
planning application. 


12 th AuCTLKt 2011 


\A/Yf*I Pnuaffprf hv RV to rpvipw lanHfill lirpncinc ftntinnc anrl farrv rmt PicL* Accdccmonfc otr hacoH i^n in+^rrrv^ rct^rtr* fr^m fZC\ fha1/M*/\ 
vv i v3 ci igagcu uy r\ v uu icvicw icu iumii nuci loll ig Ufjuui la ai iu uai fy UUL r\lai^ M^acoai flcMU> cLL^ UdbcU UN IF Rclim TcpOiX TTurn ^DclOWJ. 


28^ ^pntpmbpr 7011 


IntPrtm rpnortfrnm f-?FI 

1 1 1 LCI Ittl 1 CMUI L M UNI VJLL 


23 rd March 2012 


Waste Permitting discussion with EA. informed by the formal Risk Assessment work (as above) discussion at EA Colden Common, 

Hamn^hirp offirp^ Point rPSrhpH whprphv tt \a/?iq aorppri that R\/\A/onlrf with ciinnnrt from \A/Vfn nroHnrca a frirmsil nrrinr*cal nn (1\ Cito 

Remediation and (2) Waste Permitting for the EA to consider. 




Thp ahox/p nrono^al to hp ^nhmittpH hv R\/ to thp FA 


Mid/late July 2012 


EA response to the above, (indications at the 23 rd March meeting were that it would be some 6 to 8 weeks for the EA to respond to a 
proposal as they would need to take advice from their national experts before formally replying.) 


August 2012 


Subject to the nature of the response to RV's proposal from the EA, RV would commission the preparation of updated planning 
application documentation. 


4Q2012 


Earliest likely date for a planning application to be submitted by RV to loWC (subject to the above). 



KEY to Abbreviations: 

EA - Environment Agency RV = Real Ventures Ltd 

GEL - Geotechnical Engineering Ltd (Specialist contractors to RV on land WYG = WYG Ltd (Specialist advisors to RV on management of 

investigation and monitoring) \ Bndm environmental risks, management and licensing) 

loWC = isle of Wight Council 
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